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ORIGIN SY-05 

INFO OCT-01 NEA-10 ISO-OO FBO-02 OC-06 CCO-OO /024 R 

DRAFTED BY A/SY/NSU:MLHOFF:TD 
APPROVED BY A/S Y/FO:KD ALTON 
A/SY/NSU:RMNOWAKOWSKI 
A/SY/FO:KGWYN 

079489 

R 020235Z SEP 76 
FM SECSTATE WASHDC 
TO AMCONSUL CASABLANCA 
INFO AMCONSUL KARACHI 


LIMITED OFFICIAL USE STATE 217460 

E.O. 11652: N/A 

TAGS: ASEC NSU 

SUBJECT: CCC RENOVATIONS TUNIS 

FOR OIC RTC, CPOIC SEABEE TEAM, KARACHI FOR RSS 

REF: CASABLANCA 0947 

1 . A/SY HAS BEEN COORDINATING WITH APPROPRIATE PERSONNEL 
REGARDING THE PLANNING AND DESIGN OF THE CCC RENOVATION IN 
TUNIS. AS THE PROJECT IS OF SUCH MAGNITUDE AND HINGES ON 
CONSIDERABLE COORDINATION, IT COULD EASILY EXTEND FOUR TO 
SIX WEEKS. NSU HAS, THEREFORE, SCHEDULED A TEAM TO ACCOM- 
PLISH THIS PROJECT. SUCH ACTION WOULD ALLOW CASABLANCA 
FLEXIBILITY TO RESPOND TO VARIOUS PROJECTS THROUGHOUT ITS 
AREA OF RESPONSIBILITY. 

2. IT IS RECOMMENDED THAT NSU UNDERTAKE THE PROJECT WITH 
SUPPLEMENTAL HELP FROM CASABLANCA WORKLOAD PERMITTING AND/ 
OR IF NEEDED. ROBINSON 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 02 SEP 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: greeneet 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976STATE217460 

Document Source: CORE 

Document Unique ID: 00 

Drafter: MLHOFF:TD 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760333-0261 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760996/aaaadeti.tel 

Line Count: 52 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ORIGIN SY 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: 76 CASABLANCA 947 
Review Action: RELEASED, APPROVED 
Review Authority: greeneet 
Review Comment: n/a 
Review Content Flags: 

Review Date: 26 JUL 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <26 JUL 2004 by ullricre>; APPROVED <13 OCT 2004 by greeneet> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: CCC RENOVATIONS TUNIS FOR OIC RTC, CPOIC SEABEE TEAM, KARACHI FOR RSS 
TAGS: ASEC, NSU 
To: CASABLANCA 
Type: TE 
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